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Message Text 


UNCLASSIFIED 

PAGE 01 BRASIL 03529 261921Z 
21 

ACTION FBOE-00 

INFO OCT-OI ARA-10 ISO-00 /OlIW 

123567 

R261800Z APR76 
FM AMEMBASSY BRASILIA 
TO SECSTATE WASHDC 5218 

UNCLAS BRASILIA 3529 

FOR: FBO FROM TAYLOR 

E.O. 11652: N/A 

TAGS: FLAG POLE RELOCATION CONSTRUCTION CONTRACT NO. 3106-321299 
PROPERTY NO. 61 106-B 

ENCOL HAS SUBMITTED A CHANGE ORDER PROPOSAL FOR THE RELOCATION OF 
THE FLAG POLE AND MONUMENTS AS FOLLOWS: 

LABOR AND MATERIAL CR $12,845 
OVERHEAD 1,927 

SUB-TOTAL 14,772 

PROFIT 1,477 

CR $16,249 OR US $1,805 

WORK INCLUDES CONCRETE SIDEWALK, FLAG POLE AND MONUMENT BASE, AND 
CONCRETE PAD. THIS WORK WAS NOT IN THE CONTRACT DOCUMENTS: 

PROJECT SUPERVISOR RECOMMENDS APPROVAL. 

PLEASE ADVISE. 

JOHNSON 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 26 APR 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976BRASIL03529 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7601 58-071 7 
From: BRASILIA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t1 9760421 /aaaaaqzp.tel 

Line Count: 42 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: buchantO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 30 AUG 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <30 AUG 2004 by cookms>; APPROVED <14 DEC 2004 by buchant0> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: TOTAL 14,772 PROFIT 1,477 
TAGS: ASUP, BR 
To: STATE 
Type: TE 
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